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executors, administrators, and assignes, doth covenant,
promise, and graunt, to and with the saide Phillip
Henslowe and Jacob Maide, and either of them, the
executors, administrators and assignes of them and
either of them, by theise presents, in manner and
forme following. That he the saide Gilbert Katherens,
his executors, administrators, or assignes, shall and
will at his or their owne proper costes and charges
uppon or before the last daie of November next en-
suinge the daie of the date of these presentes above-
written, not onlie take downe or pull downe all that
game place or house wherein beares and bulls have
been heretofore usually bayted, and also one other
house or stable wherein bulls and horses did usuallie
stande, sett, lyinge and beynge uppon or near the
Banke syde in the saide parishe of St. Saviours in
Southwarke commonlie called or knowen by the name
of the Beare garden, but shall also at his or their
owne proper costes and charges uppon or before the
saide last daie of November newly erect, builde, and
sett up one other game place or plaie house fitt and
convenient in all thinges both for players to plaie in
and for the game of beares and bulls, to be bayted in
the same ; and also a fitt and convenient tyre house
and a frame to be carryed or taken away and to stande
uppon tressels good substantial! and sufficient for the
carrying and bearing of suche a stage; and shall
new builde erect and sett up again the saide plaie
house or game place neere or uppon the saide place
where the same game place did heretofore stande.
And to builde the same of suche large compasse, forme*
wideness, and height, as the plaie house called the
Swan in the libertie of Paris Garden in the saide
parishe of St. Saviours now is. And shall also builde
two steare casses without and adjoyning to the saide
playe house in suche convenient places asr shal be
most fitt and convenient for them to stande uppon,
and of such largnes and height as the stear casses of